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BILL NO. S-8 3-0 9-^^ 


SPECIAL ORDINANCE NO. S- 




AN ORDINANCE approving Change Order 
#1 for Resolution 5964-82 - Poplar 
Neighborhood, Phase I, with National 
Serv-All, in connection with the Board 
of Public Works. 

NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL 


OF THE CITY OF FORT WAYNE, INDIANA 


SECTION 1. That Change Order #1 for Resolution #5964-82 


Poplar Neighborhood, Phase I, with National Serv-All, in connec¬ 
tion with the Board of Public Works for: 


Change Order #1 for Res. #5964-82, Poplar 
Neighborhood, Phase I is necessary because 
new catch basins were originally bid as an 
Alternate. Sewer Maintenance had agreed to 
undertake this work when contract was let. 

By the time National Serv-All began work on 
this project, WPC Maintenance had too large 
a work load and informed Street Engineering 
that they could not handle this work. There¬ 
fore, National Serv-All agreed to install the 
new C.B.'s at their original bid price; 


involving a net increase of Two Thousand Six Hundred Five and 
70/100 Dollars ($2,605.70), all as more particularly set forth 
in the specifications, and which is on file with the Office of 
the Board of Public Works, and is by reference incorporated herein, 
made a part hereof and is hereby in all things ratified, con¬ 
firmed and approved. 


SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 
approval by the Mayor. 



APPROVED AS TO FORM 








in full and on motion by 
and du ;fe> a£°Pti 


Read the fir-st tim< 
seconded by ^^LMy M^ 
by title and referred to the Committee 
Plan Commission for recommendation) and Publ^^c 
due legal notice, at the Coujicit-Gbaiabi 
Indiana, on_ , the 



19 


at 


/-/J- /T9l 


id time 

_(and the City 

aring to be held^after 

Fort Wayne, 

_day of 

lpck/ / .M.,E.S.T. 


_ 


.ir^Jbime^in full a 


and on motion by 


Read the thin 

seconded by__ 

passage. PASSED' (L©© 1 ?-) by the following vote: 


CITY4CLERK 


and duly 'adopted, placed on its 


AYES NAYS 


TOTAL VOTES 


3RADBDRY 

__' 

BURNS 

C —> 

EISBART 

GiaQUINTA 

_ 

SCHMIDT 

6 ^ _ 

SCHOMBURG 

_ 

SCRUGGS 

-ML _ 

STIER 


TALARICO 

ML. - 

DATE: 



ABSTAINED ABSENT TO-WIT: 



Passed and adopted by the Common Council of the City of Fort Wayne, 

Indiana, as - {ZONING MAP) --(GEN ERAL) (ANNEXATION ) (SPECIAL) 

(APPRO PRIATION ! ORDINANCE (RE3Q£ggI0N) /i?Q. 

C? 7^^ d ay of 


on the 


, 19 ird> . 


^AT^T: 




CITY CLERK PRESIDING OFFICER 

Presented by me to the Mayor of/the City of Fort Wayne, Indiana, on 
the__day of , 19 at the hour of 




o 1 clock 


:k .M.,S.S.T. 


Aooroved and signed by me this 

at the hour of_ o ' clock 


BO^Z. _ da y ° 


2 


.M.,E.S.T. 


WIN MOSES, JR. 


MAYOR 















































































oject No. . - _ 

me of Project Poplar Neighborhood, Phase I 


nn/ej, 

He.solution No. 5964-82 _ 

Board Order No ., 8.3-82. _ 

Date July 19. 1981 


. National Serv-All 

(Contractor) 


ntlemen: 


■j are hereby requested to comply v/i Lh the following changes rrom i-he contract plana an-, 
ecifications: 


em 


DescriDtion of Chanoe 

Unit Price 

Chanoe in Co 

ntract Price 

Material 

Decrease 

Increase 









SEE ATTACHED SHEET 















1 - 


















. 









ictal Decrease 

$1988.45 


iOtal Increase 

Net (Qsss&ssg) (Increase) Contract P.ice 


$4594.15 


$2605.70 


e sum of S 2605.70 _ is hereby (added to) (the total contrac' 

ice, and the final contract price shall be adjusted as follows: 


Original Contract Price 

Current Contract Price Adjusted by .Previous Change Order 
New Contract Price Including this Change Order 


£ 57,575.00 

5_ 

S 59,180.70 


e time provided for completion in the cont±ac- ^c- -h. 

ssxssjsesi) by__ calendar days due «-o — :-=• v -' r '--‘ 

all work shall be 7/15/83 Furthermore ; 

enament to the contract and all provisions or «.r.e com 


; project is (unchanged) (>5iO 
is Order. The date for completion 
this document shall become an 
■act shall apply hereto. 


commended by: /■$ _... (Chie j — S tree t, 

cepted by: /i/-, /X ,7 

/O V /!// J/~) (Director of Transportation) 

proved by: (i»A yrZK/fli&LX: 1__ _ Da ^ e 


wiJ, (Contractor) 


r.cir. eer) Date 
Date 


proved by: 


(Owner) Date 


tested by: V- 



8 m± 

g/g/gs 

8 - ?-P3 _ 

Jf~1- 7-M 


1 7 


Date 































































Chance Order No.-- 

Resolution No- - 5964-82_ 


Board Order No- 82 ^ 

REQUEST AMD JUSTIFICATION FOR CHANGE 


Necessity fox change: ^ew_ca^ !L ba ! ins» H e^^- 

,aintenance had agreed to undertake this work v hen contract »as let. By the agajatlonal- 

>erv-All began work on this project. WPC Maintenance had too large a work !oad 

street Engineering that they could not handle this work. Therefore, Hational_ i er r A13_a | reed_ 
to install the new'C.B.'s at their original bid price. ------- — 


Will proposed change al 
If yes, explain: _ 


ter size of the project? Ye 


Affect on operation and maintenance cos' 


;t of this project: 


'None 





























































Contract 

^ v 

Unit - 
Price 

Chanre 

Total 

Cost 


Decrease 

Ir.kreasr 

1 


2000 SY 

1880 

2.10 

252.00 


3948.00 

2 

Curb Removal 

2850 LF 

2840 

0.75 

7.50 


2130.00 

3 

Concrete Sidewalk 

9500 SF 

9412 

1.30 

114.40 


12235.60 

1247.40 

4 


850 SF 

693 

1.80 

282.60 


3 

Curbface Walk 

4850 SF 

4920 

1.60 


112.00 

7872.00 

6 

6” Concrete 

250 SY 

337 

14.45 


1257.15 

4869.65 

7 

8" Concrete 

100 SY 

83 

16.10 

273.70 


1336.30 

8 

Cone. Curb Type III 

1800 LF 

1781 

6.75 

128.25 


12021.75 

9 


5000 LF 

4000 

0 41 

410 00 


1640.00 

m 

Seed, Mulch 

2000 SY 

2000 

1.35 

- 

- 

2700.00 

n 


200 TON 

120 

6.50 

520.00 


780.00 

i? 


11 EA 

11 

_ 

_ 

_ 

1650.00 

3225.00 

13 

New Casting 

3 EA 

3 

1075.00 

- 

- 

14 


2 EA 

2 ' 

150 00 



300.00 








55955.70 

























1 

New C.B. 

3 

3 

1075.00 


3225.00 

3225.QH 
















59180.70 






1988.45 

4594.15 
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BILL NO. S-83-09-25 _•__ 

REPORT OF THE COMMITTEE'ON CITY UTILITIES 

WE, YOUR COMMITTEE ON cit y Utilities _TO WHOM WAS REFERRED AN’ 

ORDINANCE app roving Change Order #i for Resolution 5964-82 - _ 

Poplar Neighborhood, Phase I, with National Serv-All, in connection 
with the Board of Public Works 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 
BACK TO THE COMMON COUNCIL THAT SAID ORDINANCE PASS. 




























(,.¥Ob 


« Admn. Appr. 

TITLE OF ORDINANC E Change Order #1 for Resolution #5964-82 - 

DEPARTMENT REQUESTING ORDINANCE Board of Public '.‘forks 

SYNOPSIS OF ORDINANCE Change Order No. 1 for Res. #5964-82, Poplar Neighborhood, Phase 

is necessary because new catch basins were originally bid as an Alternate. Sewer 
Maintenance had agreed to undertake this work when contract was let. By the time 
National Serv-All began work on this project, WPC Maintenance had too large a work 
load and informed Street Engineering that they could not handle this work. Therefore 
National Serv-All agreed to install the new C.B.'s at their original bid price. 


EFFECT OF PASSAGE 


New catch basins in Poplar Neighborhood, Phase I 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase 82.605.70 


ASSIGNED TO COMMITTEE 




































